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SECRET 


06A 40T3-64 
4 November 1964 


MEMORANDUM FOR: Chief, Contracts Division, OSA 


SUBJECT; 


Procurement of SELCAL Systems 
Proposal P-4256 A 


25X1A 


1. We have reviewed the proposal of| | for 

the fabrication of two production prototype selective 
calling systems and find that it meets our specif ications. 
It is requested that a contract in the arount of 


for these unite be negotiated at your earliest convenience. 
Funds for this contract are avallabe in the appropriate 
line item of the COIOiO/OSA budget. 


2. It is recommended that the contract for an addi- 
tional nine coders and sixteen decoders be held in abeyance 
pending our evaluation of the two production prototypes. 


I25X1A 


^5X1 A 

] 


25X1A 


Chief, Communications & Field 
Electronics Division 
OBA-DD/S&T 


CONCUR; 


C/Prograras/OBA 


COMMO/OSA/ 


Distribution: 

Original - COMMO/OSA 
1 - CD/OSA 
1 - C/PiMXtRAMS 
1 WOSA 
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